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Message Text 

LIMITED OFFICIAL USE 

PAGE 01 MOSCOW 05786 01 OF 02 270909Z 

ACTION FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 SSO-OO OC-06 CCO-OO 
SY-05 /025 W 

003090 270915Z/15 

O 270859Z MAR 78 

FM AMEMBASSY MOSCOW 

TO SECSTATE WASHDC IMMEDIATE 9571 


LIMITED OFFICIAL USE SECTION 01 OF 02 MOSCOW 05786 

FOR A/FBO 

E.O. 11652: NA 

TAGS: ABLD, AFSP, AFAC, ASEC/NSU 

SUBJECT: EMBASSY RECONSTRUCTION, PROPERTY NO. L01001, 
C&R AIR CONDITIONING 

REF: STATE 077501 

1 . PER REFTEL REQUEST COMPLETE VORLAUFER COST PROPOSAL 
FOR SUPPORT WORK RELATED TO SUBJECT WORK FOLLOWS: 

2. QUOTE - 

CONCERNING: PREPARING WORKS FOR INSTALLATION OF THE 
CHILLER PLATFORM. CHANGING OUR ESTIMATE FROM 
DECEMBER 14, 1977. 

POS. 1.) INSTALLATION OF A WORKING PLATFORM AS 
SHOWN IN THE DRAFT. STEEL STUDS WOULD 
BE BROUGHT FROM VIENNA, WOODEN CON- 
STRUCTION MATERIALS WOULD BE SUPPLIED 
BY THE U.S. EMBASSY. 

RENTAL COST FOR STEEL STUDS AS 9,000,- 
LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 

PAGE 02 MOSCOW 05786 01 OF 02 270909Z 

CLAMPS, AND MATERIALS 1,600,- 

THE WORK WOULD BE DONE BY 2 
MASONS IN 5 DAYS 
10 DAYS AS2,680,- 26,800- 

10 DAYS SALARY 470,- 4,700,- 
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POS. 2.) PREPARATION OF BEAM POCKETS 
IN EXISTING WALL, REMOVING OF 
AN EXISTING STEEL GIRDER 
( I TYPE) FROM THE PLACE WHERE 
A NEW ONE HAS TO BE FIXED. 

PREPARING OF A REST OF CONCRETE 
ON TOP OF THE ALREADY BRICKED 
WALL. FOUNDATION OF A STEEL 
COLUMN AS DESCRIBED IN YOUR 
OUTLINE SPECIFICATION. 

MATERIALS WE HAVE TO SEND TO 
MOSCOW 

SAND-GRAVEL FOR FOUNDATION, AS 
DESCRIBED IN YOUR SPECIFICATION AS 2,800,- 
CEMENT (FOR SPECIAL HARDNESS) 1 ,650,- 
AID MATERIALS 720- 

CONCRETE IRON, ANCHORS AND 
SCREWS 4,600,- 

RENTAL COST FOR TOOLS, (ABOUT 
5 WEEKS) 

COMPRESSOR AND PNEUMATIC DRILL 35,000,-- 
HAND WORKING TOOLS 4,000,- 

THE WORK WOULD BE DONE BY 2 MASONS 
LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 

PAGE 03 MOSCOW 05786 01 OF 02 270909Z 

IN 7 DAYS 

14 DAYS AS 2,680,- 37,520- 

14 DAYS SALARY 470,- 6,580- 

POS. 3.) TRANSPORTATION COSTS BY TRUCK 
VIENNA-MOSCOW-VIENNA 38,000,-- 

POS. 4.) TRAVELLING COSTS 

2 FLIGHTS AS9,900,- 19,800,- 

22 HOURS TRAVELLING TIME 
AS 225,- 4,950,- 

POS. 5.) COSTS FOR ONE SUPERVISOR 

10 DAYS AS 2,850,- 28,500,- 

10 DAYS SALARY 470,- 4,700- 

1 1 HOURS TRAVELLING TIME 

AS 225,- 2,475,- 

1 FLIGHT 9,800,- 

POS. 6.) EVENTUALITY 

IF THE TIME BETWEEN OPENING 
OF BEAM POCKETS AND CLOSING THEM 

15 TOO LONG, WE HAVE TO SEND THE 
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MASONS BACK AND HE HAS TO RETURN 
AFTER FINISHING OF THE STEEL WORK. 

I FLIGHT 9,800,-- 

I I HOURS TRAVELLING TIME AS 225,- 2,475,- 

TOTAL SUM AS255.470,— 

LIMITED OFFICIAL USE 


TOTAL SUM OF AS255.470,- $17,343.51 USING 
EXCHANGE RATE OF MARCH 23, 1978 WHICH IS 

LIMITED OFFICIAL USE 


NNN 

LIMITED OFFICIAL USE 

PAGE 01 MOSCOW 05786 02 OF 02 27091 0Z 
ACTION FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 SSO-OO OC-06 CCO-OO 
SY-05 /025 W 

003092 270915Z/15 

O 270859Z MAR 78 

FM AMEMBASSY MOSCOW 

TO SECSTATE WASHDC IMMEDIATE 9572 


LIMITED OFFICIAL USE SECTION 02 OF 02 MOSCOW 05786 
AS14.73U.S. $1 

THE PRICE INCLUDES ALREADY A LEGAL RISING OF LABOR 
RATES WE HAVE IN AUSTRIA IN APRIL 1978. THE WORK WILL 
START WHEN THE OUTSIDE TEMPERATURE IS HIGH ENOUGH 
(MINIMUM 5 DEGREES C.). THERE IS NO HOISTING INCLUDED, 
BECAUSE OF THE USING OF A FORKLIFT BY YOUR WORKERS. 
UNQUOTE. 

3. UNDER PRESENT MARKET CONDITIONS WE SEE NO VIABLE 
ALTERNATIVES BUT WOULD WELCOME ALTERNATIVE A/FBO SUG- 
GESTIONS WITHIN TIME RESTRICTIONS FACING US. 

TOON 


LIMITED OFFICIAL USE 
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